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11 MAR 1877 
MEMORANDUM FOR: Chief, Safety Branch, Office of Security 


FROM ee | 
Chief, Headquarters Engineering Branch, RECD/OL STATINTL 


SUBJECT : Project SAFE Facilities and Utilities 


1. This letter 1s to advise you of forthcoming design work for the 
preparation of facilities and utilities required for Project SAFE. Thi 
new major computer center will support approximately DDI user TATINTL 
analysts in the Headquarters Building. The first phase, due in mid-1$78, 
will complete approximately one-half of the required 20,000 sq. ft. of 
environmentally-controlled computer space and 3,000 sq. ft. of support 
area containing both 60 and 415 Hz Uninterruptible Power Supply (PS) 
Systems. While tha s{te selection has not yet been finalized, the six 
contending alternatives are on either the ground or first floor of the 
northeast quadrant of the Headquarters Building. 


2, The attached scope of work was sent to the General Services 
Administration (GSA) in order to initiate the selection process for a con- 
tract Architect-Engineer. It 1s anticipated that the design will be 
completed in the 1 May to 15 September 1977 period. when the final site is 
selected, a formal request for a physical security and safety survey will 
be prepared. While additional peculiar considerations may be germane to 
that site, it is anticipated that the general requirements will be similar 
to those prepared for the 1D16 Computer Room Expansion, GJ16 69 Hz UPS 
room, the 8 Vault 415 Hz UPS room, and the OUJCS 60 Hz UPS system in the 
Director's driveway. STATINTL 


| The Office of Logistics Project SAFE Coordinator is 7 
STATINTL zeae! and he can be reached - as additiona STATOTH 


nformacion regarding this project. 
R 


TATINTL 


cc: Chief, Architectural Design Staff, LSD/OL via Chief, LSD/0L 
Chief, Special Projects Staff, ODP 


0S Project SAFE Coordinator ILLEGIB 
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